UNIT CONSTRUCTION COSTS                                 1631
Account 9007.01—Turbines—Foundation.
This concrete is identical with 9006.01.
Account 9007.1 Turbines—Cost and Installation.
This account covers the purchase price of three Curtis turbines and material as listed below, together with the labor of erection, grouting, wiring from generator to switchboard, testing and starting up. The turbines are 2,000-k.w. Curtis-type horizontal shaft engines and direct connected to 2,500-k.v.a., 6,600-volt, 60-cycle, 3-phase, 1,900-r.p.m. generators. The approximate size of each unit is 23 ft. 8 in. long by 10 ft. 6 in. wide by 9 ft. 7 in. high, with a net weight of 108,300 Ib.
3 turbines.............................................   $77,828.10
486 gallons of gargoyle turbine oil........................         233.04
Grout, electrical material................................       1,525.35
$79,586.49
Account 9007.2—Turbines—Painting. See account 9006.2.
Account 9007.3 Turbines—Air Pipe Making.
(See Fig. 57.) This account covers the making of the air ducts for the three turbines. They were fabricated in the smelter shops of No. 16 steel with 2J by 2| by J angles. The total length for the three was 103 feet.
Account 9007.4—Turbines—Air Pipe Erection.
This account covers the labor of erecting the air ducts in account 9007.3. The material used was cloth insertion packing, rivets, hangers, anchors, etc.
Account 9007.51—Transformer Trucks and Transfer Table.
This account covers the placing of 325 ft. of 40-lb. rail, for installing 15 transformers with trucks, and the cost of those trucks. (See Fig. 58.)
Account 9007.52—Auto Transformers.
This account covers the cost of the 10 transformers oil and wire as listed below, together with placing wiring, trying out and testing the same.
10 oil-cooled auto transformers for raising voltage from 6,600 to 13,200 volts, G.E. Type "H," 60 cycles................................ $11,801.81
417 k.v.a. Y connected. (3 transformers to a turbine and one spare).
Oil und wire.................................................         243.10
$12,044.91ladders, etc. The paint, oils, colors, dryers, and scaffolds where* neeeBBary were furnished by the company. The money covered by the contract and material used was apportioned to the painting account of the different piecen of machinery on the basis of the time spent on each piece of machinery. Every machine was given one coat of paint, one coat of filler, and two coats of olive-green enamel.nd 1 1 structural steel columns to support the steel beams of the power housit floor* Tim 57 pipe columns were made of 4-in. pipe, with a runt-iron base and capital, and were HO placed  175.07         600.07
